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“CAPITAL BUDGET PROGRAM 1975 - 1979 _ CODING BAGE oat 
SCHEDULE, COST AND FINANCING OF PROJECTS (1) Capital Budget No. 


OP amet (2) Bylaw Number 
O00MS) rer: (3) OMB Number 
HCAS tates hope tt os ee (4) OMB Year Required 
wie AMKKIKK PINANCING %kxk RAK KIRKE ; (5) Detail Sheer Page No. 


Subsidies & Previously Required 
‘Other Receipts Obtained 1980 & 1975, 
Amount Code Amount Code After 1979  ponarks: 


oe G00} 0 5613 


The Central Police Station, built from 
1884-1930 (latest addition) has been 
reported by Grand Juries to be 

4295 critically overcrowded and badly 
deteriorated. The new building will 
alleviate the overcrowding and will 
house the Police Headquarters, the 
Downtown Patrol operations and a 

Training Facility for the enlarged 

Regional Force. 


UPrwonre uUrwuUnr UrPwWwNneE 


uUrunre 


Ubwnre 


UuUrt-wnre 


GENERALLY RATED 


FUNCTION - Transportation Services 


Coding 
35100 


1975 
003 


35108 


1975 
004 


36101 
1976 
905 


36102 


1976 
006 


36103 


1976 
007 
36104 


1976 
008 


Roads & Bridges 


Project 
Descriptions 


Vinemount Bridge, Stoney 
Creek, Ridge Rd. and TH&B 
railway grade separation. 


Wilson Street, Ancaster, 
Fiddler's Green Road to 
Todd Street. 


Mud Street, Stoney Creek, 
East City of Hamilton, 


“limits to Highway 20. 


King Street, Stoney 
Creek, Stoney Brook Drive 
to Highway 8. 


Fruitland Road, Stoney 
Creek, Barton Street 
to Highway 8. 


Barton Street, Stoney 
Creek, Green Road to 
Fruitland Road. 


Project 
Start Finish 
1975 1976 
1976 1977 
1976 1979 
1976 1977 
1976 1979 
1976 1978 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
KAKKKAKKARUKKAK PINANCING kitkikAw kk kik 
Subsidies & Previbusly Required 
Gross Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 
749 225 RS 248 
225 GRF 
BRE RRC 
900 375 RS 385 
140 MTC 
2650 1200 RS 1450 
610 290 RS 320 
900 400 RS 500 
1770 820 RS 950 


CODING PAGE = 2 


(1) 
(2) 
(3) 
(4) 
(5) 


Remarks: 


< 


Capital Budget No. 
Bylaw Number 

OMB Number 

OMB Year Required 
Detail Sheec Page No. 


Realignment and widening to remove 


hazardous corners. 


Reconstruction, widening «and storm 


sewers. 


Realignment and widening to service 
Saltfleet Community Development. 


Reconstruction and widening. 


Reconstruction, widening and possible 


realignment. 


Reconstruction and widening. 


uUrunre 


UPON 


uUfonkr 


Urbunrh 


(nN bone 


GENERALLY RATED 


FUNCTION - Transportation Services 
Roads & Bridges 


Project 
Coding Descriptions 


36107 Brock Road, Flamborough, 
Highway 8 to Highway 5. 


36109 Mohawk Road, Ancaster, 
Highway 403 to Wilson St. 


38111 York Road, Dundas, 
-Valley Road to Highway 6. 


39110 Fiddler's Green Road, 
Ancaster, Wilson Street, 
to Highway 53. 


-30105. Fruitland Road,Stoney Creek 


Mountain Access - Hwys. 
8 to Tapleytown Road. 


30106 Tapleytown Road, Stoney 
Creek, Ridge Road to 
Mud Street. 


Project 
Start Finish 


1976 


1976 


1978 


1979 


1980 


1980 


1978 


1978 


1980 


1979 


CAPITAL BUDGET PROGRAM 1975 ~- 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(9000's) 
KKKKKKAKEAKKRAK FINANCING kAKKAKKRAKKERK 
Subsidies & Previously Required 
Gross Other Receipts - Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 
790 350 RS 440 
920 450 RS 470 
1350 550 RS 350 250 
184 GRE 
16 RRC 
480 200 RS 280 
2850 1300 RS 1550 
840 410 RS 430 


CODING PACE - 3 
(1) Capital Budget No, 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks: 


Realignment and reconstruction to 
remove hazardous intersections. 


Reconstruction, widening and storm 
sewers. 


Realignment, reconstruction and 
Railway grade separation. 


Reconstruction, widening and storm 
sewers. j 


New Saltfleet Mountain Access. 


“Realignment and reconstruction for 


New Mountain Access. 
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ha ON oO Ne Si ae aa CODING PAGE -4- 
APITAL BUDGET PROGRAM 1975 ~ 1979 (1) Capital Budget No. 


ED SCHEDULE, COST AND FINANCING OF PROJECTS : (2) Bylaw Number 
baa é tas (3) OMB Number 
iin Ra a HG Nia (0900's) (4) OMB Year Required 


bot eH ve sith (5) Detail Sheet Page No. 
_ eidddideidegdoiogek BINANCING teokivheiekicbicessodek 


Subsidies & Previously Required 
Gross Other Receipts Obtained 1980 & 1975 
_ Amount Code = = Amount Code After 1979 Remarks: 
400 UID OO ee RS ae yan 1500 Twinning in One-Way system of King 
4 ie ‘ and Hatt Streets. 


~ 400 =‘ ToD 


3830 5293 


(00's). 


rbekioobiact FINANCING RARER AIK 

¢ “Subsidies & Previously. Required 
Other Receipts Obtained 1980 & 1975 
Amount Code Amount Code After 1979 


Bre 


8746 OD 54 
1300 


. 200 


Bee ey Rin, yg acre $300 


CODING PAGE -5- 
(1) Capital Budget No. 
(2) Bylaw Number 


(3) OMB Number 
(4) OMB Year Required 
(5) Detail Sheet Page No. 


Remarks: 


Under construction. 


Completed, 


Provision to acquire future sites. A 
study is in progress. 


To improve material handling in 
S.W.A.R.U. Receiving Pit. 


Development of site contemplated 
under #35251. 


TED SCHEDULE, COST 


BAS phys 


akioekki FINANCING sob e IKI 

Subsidies & Previously Required 
‘Obtained 1980 & 1975 

Amount Code After 1979 


E1807, D. 


1450 


CODING PAGE i= 612 


(1) 
(2) 
(3) 
(4) 
(5) 


Remarks: 


Capital Budget No. 


Bylaw Number 


OMB Number 
OMB Year Required 
Detail Sheet Page No. 


A grant to the Hamilton Geriatric 
Foundation for the expansion of St. 
Peter's Hospitals into a Geriatric 
Centre including a Day Therapy 


Centre, 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


eats ; (000"s) 
Jeedoeockktioebek FINANCING Fenians 
| Subsidies & Previously Required 
Other Receipts Obtained 1980 & 1975 
Amount Code “Amount Code After 1979 


Bi 750 


CODING PAGE = 7 = 


(1) 
(2) 
(3) 
(4) 
(5) 


Remarks: 


Capital Budget No. 
Bylaw Number 

OMB Number 

OMB Year Required 
Detail Sheet Page No. 


Expanding the service level to 


desired standards. 


CODING PAGE ~ & - 
TIMATED SCHEDULE, COST AND FINANCING OF PROJECTS (1) Capital Budget No. 


hs ; (2) Bylaw Number 
hie F — (000"s) : (3). OMB Number 
GU SERA EE EN ; (4). OMB Year Required 
_ RERRAKAAARAIAIA TINANCING kittie (5) Detail Sheet Page No. 


ee Subsidies & Previously Required 
Gross -=§- ‘Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 Remarks: 
Meee en ett. a0 gic CL 


1000 


1000 


To ensure availability of land for 
new, expanded and relocation of 
existing industry to set a standard 
500 for industrial parks in all areas and 
4 to stabilize land prices. 


"CAPITAL BUDGET PROGRAM 1975 - 1979 


TED SCHEDULE, COST AND FINANCING OF PROJECTS 


SR ist (000%s) 


“Ghicbeoeeosobe: FINANCING dbkkioknekekk 


Subsidies & Previously Required 
_ Other Receipts Obtained 1980 & 1975 
_ Amount Code 


Amount Code After 1979 


10000 Ls Seen 


ie ay - (7000) 7000 
Ls : Se 5007 00) 
“ ; 
rf as okt . (250) 250 


ce Lek 010750)5: 12750 


300 === (12750) 15750 


CODING PAGE ~ 9 - 


(1) Capital Budget No. 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5S). Detail Sheet Page No. 


Remarks: 


To ensure availability of land for 
housing and associated land uses 

for the future. Acquisition of 
substantial parcels of new land 

5-10 years ahead of development will 
help to stabilize land prices and 
provide a basis for planned and 
directed growth throughout the 
Region. a 


“CAPITAL BUDGET PROGRAM 1975 ~ 1979 CODING PAGE - 10 - 


TE HEDULE, COST AND FINANCING OF PROJECTS (1) Capital Budget No. 
x Py pny (2) Bylaw Number 
ie Ls '(000)''s) (3) OMB Number 
ies a tai 4 . (4) OMB Year Required 
HKKKKEKKKKKAARHA FINANCING ReRAKAAAKAAAA (5) Detail Sheet Page No. 
“Subsidies & Previously Required 
Other Receipts Obtained 1980 & 1975 


tie Amount Code Amount Code After 1979 - Remarks: 
ye Tia 500 
Provide an allowance for overexpenditure 


on various projects throughout the 
Region. 


; CODING PAGE —13— 


5 eAe _ : 3 preemies (2) Capite? Budget No 
Sa SCHEDULE, CQST AND FENANCING = PROJECTS @2) Bylas Rasher 
eonk ; : (3) OMB Nusber 
ec ee eae (4) OMB Year Required 
- 4 | SSMSARSERSSESSSS FINANCING SSS 828K SSSR SSS {5) Detail Sheet Page No. 
/ = = ‘Subsidies & Previously Required 
_ Gress Other Receipts Obtained 1980 &. 3975 
Cest Amount Code Amount Code After 1972 
>, pee . Remarks: 
x 5000° - €5000) 


Spe: é To provide appreximately 1/4 of an 

7 equalized mill fer the reduction of 
Debenture debt requirements of the 
Region. 


. “5000 (5000) 
3422746989 10203 (8920) 33055 


WfuUnr 


wmf e hm re 


UmpSwnrh 


CENERAL RATE IN HAMILTON 


FUNCTION - TRANSPORTATION SERVICES 


Coding 


34202 
46-74 
E741795 
1974 
027 


38227 
32-74 
E74459 
1974 
028 


33239 
31-74 
£74460 
1974 
029 


38236 
38-74 
E741318 
1974 
030 


34233 
66-74 
E742010 
1974 
031 


STORM SEWERS 


Project 
Descriptions 


Upper Wentworth St., approx 
170' south of Inverness Ave. 
to Concession, Concession St. 
from Upper Wentworth to Cliff 


and Cliff Ave. from Concession 


to Mountain Park. (F/PWCPI) 


Reconstruct Sewers & Private 
Drains on Breadalbane St., 
King St. to Lochearne and on 
Lochearne St., Breadalbane 
to 225' westerly. (F/PWCPF) 


Reconstruct Sewers & Private 
Drains on Breadalbane St., 
from Lochearne to Jones and 
on Jones St., from Breadal- 
bane to 480' westerly. 
(F/PWCPF) 


Construction of a Sanitary 
Trunk Sewer from Limeridge 
Rd. at Waldo Rd, to Stone 
Church Rd. 


Southwest Central Storm 
Sewer, Ray St., Bold St., 
Queen St., Duke St., 
Jackson St. (F/PWCPF) 


Project 
Start Finish 


1974 


1974 


1974 


1974 


1974 


1975 


1975 


1975 


1975 


1975 


Gross 
Cost 


660 


201 


155 


110 


1350 


CAPITAL BUDGET PROGRAM 1975 ~ 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


KRRAKEAKHRARION FINANCING Wiekikk ikke 


Subsidies & 
Other Receipts 
Amount Code 


40 
190 


35 
41 


68 


22 


20 


300 


(000's) 

Previously Required 
Obtained 1980 & 1975 
Amount Code After 1979 
430 
125 
65 
90 
1050 


CODING 


(1) 
(2) 
(3) 
(4) 
(5) 


Remarks: 


Under construction, 


Completed. 


Completed. 


Completed. 


Under construction. 


PAGE ~ 12 - 
Capital Budget No. 
Bylaw Number 

OMB Number 

OMB Year Required 
Detail Sheet Page No. 


CAPITAL BUDGET PROGRAM 1975 -— 1979 CODING PAGE — 13 ~ 
GENERAL RATE IN HAMILTON ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS (1) Capital Budget No. 
(2) Bylaw Number 
(000"s) (3) OMB Number 
FUNCTION —- Transportation Services (4) OMB Year Required 


Storm Sewers KKKKKKKKAKKKKKK FINANCING *keKRKAAAAKKK (5) Detail Sheet Page No. 


Subsidies & Previously Required 
Other Receipts Obtained 1980 & 1975. 
Amount Code Amount Code After 1979 


Project 
Coding Descriptions 


Project Gross 


Remarks: 
Start Finish Cost 


UPwnNre UrFunre WUFunr UPwonre UrPwnrr 


uUmrPuonre 


34234 Construction of Storm Sewers 1975 1975 627 100 RS 357 
U ion. 
67-74 and Repairs on Caroline 170 WCPF pdm cone te way ton 
E742099 St., Markland St., 
1974 Charlton Ave. (F/PWCPF) 
032 
34205 Mountain Ave, between 1974 1975 150 150 Under construction. 
Aberdeen Ave. & 
E741814 Hillcrest Ave. 
1974 
033 
38236 Mountain Industrial Trunk 1975 1976 80 80 Storm outfall sewer required in 
Sewer, branch storm sewers conjunction with sanitary sewer 
between Stone Church Rd. & item #38236. 
1975 Rymal Road 
034 
35200 Gershome Trunk Storm 1975 1976 320 320 Storm sewer to provide service to 
Sewer. the area south of King Street East 
at Hwy. #20. (Also item #35201). 
1975 
035 
32232 Chedoke Creek Inlet 1975 1975 100 100 To improve inlet capacity of existing 
Improvements. structure. 
1975 
036 
33237 York St. from Inchbury 1975 1976 165 65 RS 100 Relieve local overloaded combined 
St. to Woodbine Ave., sewer in conjunction with reconstruction 
Storm Sewer of York Street by the City of Hamilton. 
1975 (Also item #33237). 
037 


UPFwnr WUPwonr UPrwnre UWP wWwnNr UWrtwnre 


UW rwWwnNr 


GENERAL RATE IN HAMILTON 


FUNCTION — TRANSPORTATION SERVICES 


Coding 


34246 


1975 
038 


32236 


1975 
039 


34247 


1975 
040 


34242 


1975 
041 


32233 


1976 
042 


32235 


1976 
043 


7TORM SEWERS 


Project 
Descriptions 


Paradise Rd from King St. 
to Norwood & on Norwood 
from Paradise Rd. to Long- 
wood Rd. and on Longwood 
from Norwood to Franklin 


Alpine, Mountain Park, 
Bellwood Ave., Upper 
Wentworth St., Storm 
Sewers. 


Arena Rd., East End 
Arena, Storm Sewers. 


Beechwood Ave. from Gage 
Ave. to Leinster, Storm 
Sewer. 


South West Central Sewer 
Improvements Phase II 


Red Hill Creek Trunk Sewer, 
from CMHC lands to Upper 
Wentworth St, Storm Sewer. 


Project 
Start Finish 


1975 


1975 


1975 


1975 


1976 


1976 


1975 


1976 


1975 


1975 


1977 


1976 


Gross 
Cost 


565 


420 


150 


135 


2000 


300 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


Subsidies & 
Other Receipts 
Amount Code 


150 


170 


30 


(000's) 

KKKKKKKEKKKARAK FINANCING *x kA AK 
Previously Required 
Obtained 1980 & 1975 
Amount Code After 1979 

RS 415 
RS 250 
150 

RS 105 
2000 

300 


CODING PAGE- 14 
(1) Capital Budget No. 

(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks: 


In progress. 


To replace local deteriorated, 
undersized and shallow combined 
sewers. 


To service new street proposed with 
arena at Kenora Avenue. 


Storm relief sewer to reduce basement 
flooding. 


Storm trunk sewer to relieve combined 
sewers south and east of the core 
area of the City of Hamilton. 


Extension of trunk sewer to provide 
for new development. 


WUPwnre UPHonr UWPwner UPrunre UWUPrwnre 


MWPwWwnPr 


GENERAL RATE IN HAMILTON 


FUNCTION — TRANSPORTATION SERVICES 
STORM SEWERS. 


Project Project 
Coding Descriptions Start Finish 
31200 Mountain Park, Summit, 1976 1976 


Hamilton Viewpoint & 
Poplar Sts. - Storm 
1976 Sewer. 


044 

34244 King St. from Bay St. 1976 1976 
to Dundurn St. - Storm 
Sewer. 

1976 

045 

36201 Barnesdale Ave, from 1976 1976 

King St. to Vineland 

Stas 

1976 

046 


33240 | Mountain Industrial Trunk 1977 1977 
Storm Sewer, Rymal Rd. to 
2100" southerly. 


1977 

047 

33238 McNab St. Storm Sewer 1977 1979 
Cannon St. to Harbour. 

a iy27 

048 

32233 South West Central Area, 1977 1977 
Reconstruction of Sewers. 

1977 


049 


Gross 
Cost 


380 


500 


130 


50 


2500 


500 


CAPITAL BUDGET PROGRAM 1975 —- 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 


KKAKKKEKKNKEKKER PINANCING wi ickd kkk 


Subsidies & 
Other Receipts 
Amount Code 


150 


200 


50 


200 


RS 


RS 


RS 


RS 


Previously Required 
Obtained 1980 & 1975 
Amount Code After 1979 


230 


300 


80 


50 


2500 


300 


CODING PAGE ~ 15 
(1) Capital Budget No. 

(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks ; 


To replace overloaded, deteriorated 
local combined sewers. 


To upgrade storm sewer in conjunction 
with road reconstruction. 


Local storm sewer to relieve basement 
flooding. 


Storm outlet associated with sanitary 
sewer, 


Trunk storm sewer to take water from 
the Central Business District of the 
City of Hamilton to the Harbour. 


To complete program under item 
#34244. 


_ 
— : 


a 


ey ’ 
aa 


uwb>wnNr UPrwnr Urwnre UFwnre wrtuUnr 


Ufwnere 


GENERAL RATE IN HAMILTON 


FUNCTION - TRANSPORTATION SERVICES 


Coding 


39246 


1977 
050 


32233 


1978 
051 


34241 


1978 
052 


39202 


1979 
053 


39203 


1979 
054 


30204 


1980 
055 


STORM SEWERS. 


Project 
Descriptions 


East 22nd, East 23rd 
Sts., and Queensdale 
Ave., -Storm Sewer. 


South West Central Area 
relief sewer, various 
streets. 


Warren Ave. from McElroy 
Ave. to Mohawk Rd. & on 
Mohawk Rd. to approx. 420' 
easterly. 


Wexford Main to King and 
related streets. 


Adair, Roxborough & 
Parkdale to Barton St. 


Kenilworth - Garside - 


‘Storm Sewer. 


Project 
Start Finish 


1977 


1978 


1978 


1979 


1979 


1980 


1977 


1979 


1978 


1981 


1980 


1983 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
KKKKKEKKAKKKEKK PINANCING wicker kkk 
Subsidies & Previously Required 

Gross Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 

700 250 RS 450 
1000 300 RS 700 

300 100 RS 200 
1100 400 RS 500 200 

800 300 RS 250 250 
1300 400 RS 900 


CODING 
(1) Capital Budget No. 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks: 


Local storm sewer to relieve basement 
flooding. 


To upgrade local sewers south of core 
area of the City of Hamilton upon 
completion of trunk sewers. 


Local storm sewer to relieve basement 
flooding. 


Local storm sewer to relieve basement 
flooding. 


Local storm sewers to relieve basement 
flooding. 


Local storm sewers to relieve basement 
flooding. 


PAGE — 16 —- 


UPwWwnre UPWNr UrPwnNne UfwnFr 


WPwnre 


GENERAL RATE IN HAMILTON 


FUNCTION - TRANSPORTATION SERVICES 


Coding 


30205 


1980 
056 


75000 


1975 
057 


76000 


1976 
058 


77000 


1977 
059 


78000 


1978 
060 


STORM SEWERS 


Project 
Descriptions 


King St. and Garfield 
and related streets - 


Relief Sewers. 


Rated Storm Sewers 
Minor Improvements 
-Region's portion 


Rated Storm Sewers © 


Minor Improvements 
-Region's portion. 


Rated Storm Sewers 
Minor Improvements 
-Region's portion. 


Rated Storm Sewers 
Minor Improvements 
-Region's portion. 


& 
1975. 


1976 


1977 


1978 


Project 
Start Finish 


1980 


1975 


1976 


1977 


1978 


1981 


1976 


1977 


1978 


1979 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(9000's) 
KAEKKKARAKKKKAK FINANCING ¥xkAeKRRAKKEK 
Subsidies & Previously Required 
Gross Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 
600 200 RS 400 
1500 500 RS 1000 
1100 400 RS 700 
1100 400 RS 700 
1250 400 RS 850 


CODING PAGE - 17 - 
(1) Capital Budget No. 

(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks: 


Local sewer to 


relieve basement flooding. 


Ufwnre 


GENERAL RATE IN HAMILTON 


FUNCTION - TRANSPORTATION SERVICES 


Coding 


79000 


1979 
061 


STORM SEWERS 


Project 
Descriptions 


Rated Storm Sewers & 


Minor Improvements 1979 
-Regions's portion. 


TOTAL SECTION 


Project 


Start Finish 


1979 


1980 


CAPITAL BUDGET PROGRAM 1975 = 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
RRKKKAKKKEKKKKKK FINANCING kivkicdkk eke 
Subsidies & Previously Required 
Gross Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 
1250 400 RS 425 425 


23548 6051 2475 15022 


Remarks: 


CODING PAGE- 18 — 


(1) 
(2) 
(3) 
(4) 
(5) 


Capital Budget No. 
Bylaw Number 

OMB Number 

OMB Year Required 
Detail Sheet Page No. 


WkFwnNr UFPwWNH UWUPwWwnr MWrwnr 


UPuwUnNr 


LOCAL IMPROVEMTENTS 


FUNCTION - TRANSPORTATION SERVICES 
STORM SEWERS. 


Project 
Coding Descriptions 


75000 Rated Storm Sewers & 
Minor Improvements 1975 
-Owners' portion 

1975 

057 


76000 Rated Storm Sewers & 
Minor Improvements 1976 
-Owners' portion. 

1976 

058 


77000 Rated Storm Sewers & 
-Minor Improvements 1977 
-Owners' portion. 

1977 

059 


78000 Rated Storm Sewers & 
Minor Improvements 1978 
~-Owners' portion. 

1978 

060 


79000- Rated Storm Sewers & 
Minor Improvements 1979 
-Owners' portion. 


1979 
061 


TOTAL SECTION 


TOTAL FUNCTION 


Project 
Start Finish 


1975 


1976 


ORT 


1978 


1979 


1976 


1977 


1978 


1979 


1980 


CAPITAL BUDGET PROGRAM 1975 — 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
KAKKAAKKEKAKKKAK FINANCING *XkkKRKAKKKAK 
Subsidies & Previously Required 
Gross Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 
500 500 
400 400 
400 400 
450 450 
450 225 225 
2200 225 1975 


25748 6051 2700 16997 


Remarks: 


CODING PAGE - 19 — 
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Capital Budget No. 
Bylaw Number 

OMB Number 

OMB Year Required 
Detail Sheet Page No. 
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SEWER SURCHARGE 


FUNCTION - Environmental Services 


Coding 
38224 


69489-69 
1964 
062 


34702 
45-74 
E741839 
1974 
063 


34704 


E742214 


1974 
064 


31229 


1971 
065 


32230 
73-81 
#5505 
1972 
066 


38236 
38-74 
E741318 
1974 
030 


Sanitary Sewer System 


Project 
Descriptions 


Secondary Sewage Treatment 
Plant - Engineering, 
Constrution. Hamilton. 


Expansion of Sewage Treat- 
ment Plant - Construction & 
Design, King St., Dundas. 


Expansion of the King St. 
Sewage Treatment Plant. 


Strachan St. Pumping 
Station - Design. 


Construction of the 
Strachan St. Pumping 
Station 


Cénstruction of a 
Sanitary Trunk Sewer from 
Limeridge Rd. at Waldo 
Rd. to Stone Church Rd. 


Project 
Start Finish 
1964 1975 
1974 1976 
1974 1976 
1971 1975 
1972 1975 
1974 1975 


1900 


45 


550 


615 


100 


45 


515 


In progress. 


Completed. 


Completed. 


i 
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UPwne nNPwnr 


UPuonr 


SEWER SURCHARGE 


FUNCTION - Environmental Services 


Coding 


38237 
36-74 
E741015 
1974 
067 


34202 
46-74 
741795 
1974 
027 


38227 
32-74 
E74459 
1974 
028 


33239 
31-74 
E74460 
1974 
029 


34235 


1975 
068 


Sanitary Sewer System 


Project 
Descriptions 


Land acquisition - 
Sanitary Trunk Sewer 
Stone Church to Rymal 
Phase IL 


Upper Wentworth St. - approx 
170' south of Inverness Ave. 
to Concession - Concession 
St. from Upper Wentworth to 
Cliff and Cliff Ave. from 
Concession to Mountain Park 
(F/PWCPF) 


Reconstruct Sewers & Private 
Drains on Breadalbane St., 
King St. to Lochearne and 
on Lochearne St. - Breadal- 
bane to 225' westerly. 
(E/PWCPF) 


Reconstruct Sewers & Private 
Drains on Breadalbane St - 
from Lochearne to Jones and 
on Jones St. - from Breadal- 
bane to 480' westerly. 
(F/PWCPF ) 


Mount Albion Rd. to West 
limit of Albion Estates 
Subdivision, construction 
of Sanitary Sewers and 


Conn ee 


Project 
Start Finish 
1974 1975 
1974 1975 
1974 1975 
1974 1975 
POTS L976 


Gross 


Cost 


180 


440 


134 


103 


1200 


Roan ae 


* 


Subsidies & f fm i P re V so us ; 1 2, 


a 


Amount 


pit 


7 
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4 c 4 aay, st a ae 
: B » a 
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J y x f,4 ee 
é « hd! 
* \ bs 
54 WCPF 80 Completed. ; (Rr as Dis emai ft 
) hy » . 7 " 
3 ‘ j : 
i 4 ax \ ‘ - as ‘ 
P 
4 ‘ ta if 
| ‘ ua er? 
Kaoad a 
} 4 | a Aa i 
f ri Me 
63 WCPF 40 Completed. Hp Ase) 
© 
) 
5 
fs 
1200 


In progress. 
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SEWER SURCHARGE 


FUNCTION - Environmental Services 


Coding 
38225 
1975 
069 
38226 
aes) 
070 
34703 
NE)S) 
O71 
35702 
1975 
072 
35704 
1975 
073 
34701 


1975 
074 


Sanitary Sewer System 


Project 
Descriptions 


Woodward Ave, - Sewage 
Treatment Plant, Phosphate 
Removal. 


Woodward Ave. - Sewage 
Treatment Plant, Expansion 
- Phase I - Engineering. 


King St. - Sewage Treat- 
ment Plant, Land 
Acquisition. 


Pumping Station Improve- 
ments - 1975 - Dundas 


Eastern Trunk Sanitary 
Sewer - King St Plant 
to York Road. 


Western Sanitary Trunk 
Sewer from King St. to 
Hope St. - Dundas. 


4s Matta ee ee i ; La a 4 
2 2 
nt ey : Bee 


vt He 
Seay tt ‘ 
NG tesa ee 
“ery S Mie mt 
oe £05; $i 
* ~ < is 


Project 
Start Finish 
LO See 9175) 
1975 1977 
1975 1975 
1975 1976 
1975 1976 
Se end 30 Aa ica ee res eee er cee UE a ape Mal 


: 
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SEWER SURCHARGE f “ey 


FUNCTION - Environmental Services 
Sanitary Sewer System 


Project Project 
Coding Descriptions Start Finish 


34903 Stoney Creek Valley from 1975 1975 
Battlefield Creek to Queen- 
ston Rd. 

1975 

075 


38236 Mountain Industrial Trunk 1975-1976 
Sanitary Sewer & Branch 
Sewers between Stone Church 

1975 Rd. and Rymal Rd. 


076 
35201 Gershome Trunk Sanitary 1975 1976 
Sewer. 
1975 
077 
34247. Arena Road - East End - 1975 1975 
Sanitary Sewer. 
1975 
078 
32236 Alpine, Mountain Park, 1975 1976 
Bellwood Ave. and Upper 
Wentworth St. - Sanitary 
1975 Sewer. : 
079 homo hy: 7 kas) . 
‘ Ay ee 
33237 York St. from Locke St. to 1975 1976 60 — 60 To permit the utilization : offen Ae a 7 ae 
Woodbine Ave. - Sanitary Os separate system upstream to be construct- 
Sewer. , ed in conjunction pinta eis eee = oP. xe) 
1975 To be constructed with he York Street re-_ - 
080 construction. : ‘ 


a 

ay 

7 
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UPWNF UFWNHF UFWNHHF UFWNF UFWNF UFWUNP 


SEWER SURCHARGE 


FUNCTION - Environmental Services 


Coding 
38226 
1976 
081 
36001 
1976 
082 
34702 
1976 
083 
36002 
1976 
084 
32235 
1976 
085 
31200 


1976 
086 


Sanitary Sewer System 


Project 
Descriptions 


Woodward Ave, Sewage 


Treatment Plant, Expansion 


Phase I, Construction. 


Eastern Sewage Treatment 
Plant - Land Acquisition. 


Pumping Station Improve- 
ments - 1976 - Dundas. 


Western Sanitary Trunk 
Sewer - Dundas from Hope 
St. to Creighton Rd. 


Red Hill Creek - Trunk 
Sewer from CMHC lands to 
Upper Wentworth St. - 
Sanitary Sewer. 


Mountain Park, Summit, 
Hamilton, Viewpoint, & 
Poplar Sts. - Sanitary 
Sewers. 


Project 
Start Finish 
1976 1978 
1976 1976 
1976 1977 
1976 ©1977 
1976 1976 
1976 ©1976 240 240 _ Required to replace overloaded and 
deteriorated combined sewers. 
. ‘3 sins - Ms 
‘ aan, 


UFwWnNnr UrwWNe ue wWNrh Ur wWNh 


WPuUnrPurunr 


SEWER SURCHARGE 


FUNCTION - Environmental Services 


Sanitary Sewer System 


Project 
Descriptions 


Mountain Industrial Trunk 
Sanitary Sewer, Rymal Rd. to 
2100' southerly 


Western Sanitary Trunk 
Sewer - Dundas, Creighton 
Rd. to Sullivans Lane. 


Upper Wentworth St. & 
Queensdale Ave. - from 
Inverness to Upper Sherman 
Ave. 


Woodward Ave. - Sewage 
Treatment Plant - 
Expansion - Phase 11, 
Engineering. 


Woodward Ave. - Sewage 
Treatment Plant, Expansion, 
Phase 11 Construction 


Woodward Ave. - Sewage 
Treatment Plant, Expansion 
Phase 111 Engineering 


Start Finish Cost 


Project 
ny 7 rE 
1977-1977 
1977. 1978 
1977 1978 
1978 1980 
1978 1980 


375 


1000 


UFUNH HNEwoPprF UEwonr UPWNE UPON UWEunP 


ie ye CH tee, aT PALE Tene te A Re oe 

Creat Nig? ha Ae ys meer Ard 

ty am PP i SE oas 4 Cite te eh +) 
SRE LSU es i ay 


ve Laing 


ug 


Pane thes, CCL nE RR hr Rie 
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be Wi Beh 
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’ DY at 


SEWER SURCHARGE Ait F : Ae CAL 


FUNCTION ENVIRONMENTAL SERVICES 
SANITARY SEWER SYSTEM 


Gross Other Recei 
Coding Description Start Finish Cost. pata eevee 
38226 Woodward Ave. Sewage 1980 1984 22000 3300 MOE 
Treatment Plant, Expansion Cie 
Phase 111 Construction 
1980 
093 
11000A Rated Sewers & Minor 1975 1976 750250) 
Improvements 1975 
- Region's Portion 
1975 
094 
11000B Rated Sewers & Minor 1976 1977 400 
Improvements 1976 
- Region's Portion 
1976 
095 
11000C Rated Sewers & Minor 1977. 1978 450 . 
Improvements 1977 ys 
- Region's Portion 1A; 
1977 = 
096 toe * 
‘ , x atone ey as ha 
11000D Rated Sewers & Minor 1978 1979 500 500 Mearns nal ont ae me 3 Yay 
Improvements 1978 ‘ : Peta se : RS at eae ra 
- Region's Portion ADE PONE Sek ca aly AL 
1978 CAM ea es ; ens Wray os 
097 j : ay é tease pee ea 
11000E Rated Sewers & Minor 1979 1980 550 300 250 ty ee 


Improvements 1979 ; 
- Region's Portion , pe ea 
1979 \ ‘ : ry 
098 


a 


UPWNE 


SEWER SURCHARGE 
FUNCTION - ENVIRONMENTAL SERVICES 
SANITARY SEWER SYSTEM 


Coding Project Project Gross 
Descriptions Start Finish oh 


34601 Ancaster Sewer 1974 1975 12500 
- Region's Portion 
- MOE Debenture 
1971 
099 40 years - 8 Per Cent 


TOTAL SECTION ‘ 88872 


} Mechs: 
4 ‘ ditt See TL } e aly t > 
¥ Dk Wa he Pe oo eh Re Te N 
; ‘ Pe Bali Sy) con ae Dipte ktie ; a 
Tite Mase Bs a RO Sah el eae 
, har’ are» 
# a i . + P i. 
meet ve 
7 1 ‘ <: 
: Te a ang 
6's *; 
“* 
Pk or 
» aa ar a 
7 aa, i 


UPFwUnrFe WEwne 


WPrwnre 


UWrwunNre WPruounr 


MWPruonre 


LOCAL IMPROVEMENTS 


FUNCTION - Environmental Services 
Sanitary Sewer System 


Project 
Coding Descriptions 


11000A Rated Sewers & Minor 
Improvements 1975 
- Owners' Portion 


11000B Rated Sewers & Minor 
Improvements 1976 
- Owners' Portion 


11000C Rated Sewers & Minor 
‘Improvements 1977 
- Owners’ Portion 


11000D Rated Sewers & Minor 
Improvements 1978 
- Owners’ Portion 


11000E: Rated Sewers & Minor 
Improvements 1979 
- Owners' Portion 


1979 
098 
12000 Rated Sewers 
Ancaster 
- Owners' Portion 
1971 
099 


TOTAL SECTION 


Provect i. 
Start Finish 
TS 75 19176) 
St 70 ssem LOR, 
OTe L978 
1978 1979 
LOTS ee 930) 
1974 UGS 


4650 


FUNCTION - ENVIRONMENTAL SERVICES 
SANITARY SEWER SYSTEM 


Project 
Coding Descriptions 


TOTAL SANITARY SEWER SYSTEM 


“Project Gross 
Start Finish Cost _ 


93522, 


ATER RATES 


Urwonre WUrFwonr UFrwnr-br UFwonr UPrPwonr 


MWrtwonr 


WATER RATES 


FUNCTION - Environmental Services 


Coding 


28729 
73-187 
E73222 
O73 
100 


28727 
72-188 
H5503 
1972 
101 


22742 
72=1:52 
H5253 
1972 
102 


24701 


1975 
103 


23710 . 
73-146 
E73328 
1973 
104 


29733 
73-145 
£73246 

1973 
105 


Water Works 


Project 
Descriptions 


Expansion of Water Treat~ 
ment Plant Facilities - 
Phase II - Construction. 


Install 40 M.I.G.D. Pump 
at Station No. l. 


Proposed District 2A 


- Pumping Station - Land 


Acquisition 


Pumping Station #5A - 
Engineering. (QHAP) 
(Interest Free Loan) 


Construction of Cell 
No. 2 (20 M.1I.G.) at the 
1B Reservoir 


Design of a 15 M.I.G. 
Reservoir District 2A 


Project 
Start Finish 


1973 


1972 


1972 


1975 


1973 


1974 


1975 


1975 


CS 


1977 


1975 


1975 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
KEKANKKAAKKKAKK FINANCING kik RAK AKA 
Subsidies & Previously Required 
Gross Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 
3000 2600 D 400 
350 275 D 75 
110 50: D 60 
110 110 
1970 1350 D 620 
150 100 D 50 


CODING 


PAGE - 30- 


(1) Capital Budget No. 


(2) Bylaw Number 
(3) OMB Number 


(4) OMB Year Required 
(5) Detail Sheet Page No. 


Remarks; 


Completed. 


Completed, 


In progress. 


In progress at Greenhill Avenue. 


Completed at Greenhill Avenue. 


In progress at Hwy. #406. 


UPwWwnre UWUrwnr 


WPwnrk 


Uftwonre 


UrFwONnre 


WATER RATES 


FUNCTION - Environmental Services 


Coding 


24733 


E742100 
1974 
106 


29732 
73-251 
E73455 
1973 
107 


23732 
73-177 
£73300 
1973 
108 


28726 
73-300 
E731492 
19750) 
109 


24727 
E742100 


1974 
110 


Water Works 


Project 
Descriptions 


Design and construction 
of a 15 M.I.G. Reservoir 
District 2A. 


1974 


Design and Construction 
of a 25 M.1I.G. Reservoir - 
District 5. 


1973 


42" Watermain from Upper 
Ottawa to Reservoir 5 on 
Limeridge Rd. from Upper 
Ottawa to Upper Wellington 

& Upper Wellington from Lime- 
ridge to Stone Church & Stone 
Church Rd. from Upper Welling- 
ton to Reservoir 5 at Garth St. 


1973 


Construct a 42" Watermain 
from Station No. 2 to MacNab 
St. and install a 15 M.I.G.D. 
Pump for District.No. 2. 


1973 


Construction of 42" water- 
main, Markland St, Queen St., 
Homewood, MacDonald, Chedoke, 
Glenside, across Golf Course 
to Beddoe. 


1974 


Project 
Start Finish 


1976 


1975 


1975 


1975 


1975 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
HAKAKAKAKAAKRAKK FINANCING keke err er care 
Subsidies & Previously Required 
Gross Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 
3550 500 MOE 3050 
2700 300 MOE 1950 D 450 
1710 1600 D 110 
1300 100 MOE 1200 
1400 200 MOE 1200 


CODING 


PAGE ~ 


(1) Capital Budget No. 


(2) Bylaw Number 
(3) OMB Number 


(4) OMB Year Required 
(5) Detail Sheet Page No. 


Remarks: 


Continuation of item #24733. 


In progress. 


Completed at Garth and Stone Church Road. 


Completed. Major feeder to connect 
Pumping station #5 to Reservoir #5. 


In progress. Express watermain to 
supply water to the areas west of 
Hwy. #403 below the escarpment. 


See item #28726. In progress. 


31 


UPwWNr UPfunre 


nF wnrF 


UtfunNyry 


Uufwunr 


WATER RATES 


FUNCTION - Environmental Services 


Coding 
24734 
E742100 
1974 

lll 
28713 
71-129 
H1484 


1971 
112 


25601 


E741851 
1974 
Li3 


23757 


1975 
114 


24700. 


1975 
115 


26810 


1976 
116 


Water Works 


Project 
Descriptions 


Construction 30" & 40" 
watermains - Studholme, 
Bowman, Ainslie, Emerson, 
Streets. 


Improvements to District 
No. 4, Water Distribution 
System, 


Waterdown Reservoir' 


Trunk Watermain from the 
proposes Station 5A to 
Upper Ottawa - Engineering. 


Arena Road - East End - 
Watermain 


Gray's Rd. from Highway 

#8, northerly to City 
Limits & on Roxborough Ave. 
from Gray's Rd. westerly to- 
City Limits. 


Project 
Start Finish 


1974 


1971 


1975 


1975 


1975 


1976 


1976 


1975 


1976 


1978 


1975 


1976 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
KREKAKKAKARAKKKKA FINANCING *EKKAAAAKKKAK 
Subsidies & Previously Required 

Cross Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 
1650 250. MOE 1400 
1159 1150 D 9 
700 700 
200 200 
50 50 
143 143 


CODING PAGE 32 
(1) Capital Budget No. 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks: 


Extension of item #28726 to supply water 
to western area. 


In progress. To improve distribution 
system in District 4--Quigley Road, 
Mt. Albion area. 


In progress--to replace deteriorated tank. 


Trunk watermain to supply water from new 
pumping station to all areas above 

the escarpment and south of the 

Dundas Valley. 


Local watermains to provide system 
improvement with the new road to be 
constructed. 


To maintain pressure and supply with 
increasing demand in the former 
Saltfleet Township and to avoid disturb- 
ance of new pavement proposed for 1975. 


UWUPwnNrH UPwnre UPwWne UPwne UPwne 


mW Fwonr 


WATER RATES 


FUNCTION - Environmental Services 


Coding 

26715 

1976 
117 


22745 


1976 
118 


26716 
1976 
119 


22750 


1976 
120 


25501 


1976 
121 


22749 


1976 
122 


Water Works - 


Project 
Descriptions 


Pumping Station No. 10 


Woodward Ave. - Treatment 
Plant - Expansion to 200 
M.1I.G.D. & Waste Water 
Treatment - Study 


Eastern Water Treatment 
Plant - Land Acquisition 


Pumping Station 5A 
Construction 


Reservoir - York Rd.- 
Design 


Beach Rd. from Ottawa St. 
to Kenilworth Ave. - 
24" Watermain 


. Start Finish Cost 


CAPITAL BUDGET PROGRAM 1975 ~ 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
KERKAKKAKRKARAKK FINANCING wekktsokekikkeakk ek 
Subsidies & Previously Required 
Project Gross Other Receipts Obtained 1980 & 1975 


Amount Code Amount Code After 1979 


1976, 1976 70 70 
1976 1976 80 80 
1976 1976 150 150 
1976 1977 1700 1700 
1976 §=1976 25 25 
1976 1976 330 330 


CODING PAGE 33 

(1) Capital Budget No. 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No, 


Remarks: 


To raise water to the pressure district 


presently supplied by the Town of Grimsby. 


This will eliminate the purchase of 
water from the Grimsby system. 


To determine if present filter 

media will permit flow rates of 10 
M.1I.G.D. per filter and to determine the 
most economical methods of treating 
waste water. 


To protect a future plant site from 
urbanization (7-10 acres). 


See item #24701. 


0.5 M.1I.G. reservoir to provide storage 
for low pressure district in Dundas. 


Trunk watermains to reinforce the 
system and to increase the supply 

and reliability in the heavy industrial 
area. 


WATER RATES 


FUNCTION - Environmental Services 
Water Works 


Project 
Coding Description 
1 23757 Trunk Watermain from 
2 proposed Station 5A to 
3 Mud St. Construction 
4 1976 
5 123 
1 22746 Ainslie, Iowna, Rifle 
2 Range, Whitney, & Ewen Rd. 
3 from Emerson to Main St. - 
4 1976 Trunk Watermain 
5} 124 
LS 2274 7 Stone Church Rd. from 
2 Pumping Station 6A to 
3 Horning Mt. Road 
4) 1976 
5 125 
1 26405 Wilson St., Halson St. 
74 to Jerseyville Road 
3 Watermain 
4 1976 
5 126 
1 22744 Pumping Station #1 - 
2 Extension with Pump #7 
3 & #8 - Engineering 
4 1977 
EPS oh 
1 27402 Well #10 - Mineral 
2 Spring's Road 
3 
LietiN 97-7 
5 128 


Project 


Start Finish 


1976 


1976 


1976 


1976 


1977 


1977, 


1977 


1977 


1977 


1976 


1978 


1977 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
HHKKKAAKKAKAKKKAK FINANCING *X#KKRRKAKAAKAKKK 
Subsidies & Previously Required 
Gross Other Receipts Obtained 1980 & 1975 


Cost Amount Code Amount Code After 1979 
2100 2100 
690 690 
680 680 

94 94 
180 180 
180 180 


CODING PAGE 34 
(1) Capital Budget No. 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks: 


Continuation of item #23757. 


To increase supply in west end to meet 
the slow growth in area. 


36" watermain to supply water to 

the West Mountain area of the City of 
Hamilton and the east end of the town of 
Ancaster. 


To upgrade the Ancaster water distribu- 
tion system and to improve fire protection 
To be done in conjunction with proposed 
road work. 


To provide for normal increase in demand. 


To fully develope the Mineral Spring's 
Road site and to maintain adequate 
supply of water west of Hwy. #403 
above the escarpment. 


WATER RATES 


FUNCTION - Environmental Services 


Coding 


23751 
1977 
129 
23752 
1977 
130 
23755 
1977 
131 
25501 
1977 
132 
28806 
1977 
133 
22748 


1978 
134 


Water Works 
Project 
Description 


Low Lift Pumping Station 
Pump #7 -50 M.1I.G.D. 


Trunk Watermain - Low 
Lift Pumping Station to 


Treatment Plant - 108" diameter 


Pumping Station #2A - 
Engineering 


Reservoir - York Road, 
Construction 


Barton St. from Gray's Road 
to DeWitt 


Sanatorium Rd., Garth St. 
to Upper Paradise Rd. - 
Watermain 


Project 


Start Finish 


1977 


1977 


1977 


1977 


1977 


1978 


1978 


1978 


1978 


1978 


1978 


1978 


Gross 
Cost 


440 


1050 


50 


600 


1300 


210 


“CAPITAL BUDGET PROGRAM 1975 ~ 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(0000's) 


KRKKKKKARAKAKAKK FINANCING seed akiek 


Subsidies & 
Other Receipts 
Amount Code 


Previously Required 
Obtained 1980 & 1975 
Amount Code After 1979 


440 


1050 


50 


600 


1300 


210 


CODING PAGE 35 

(1) Capital Budget No. 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No, 


Remarks: 


To provide for normal increase in demand. 


To provide for normal increase in demand. 


To supply the Central Business District 
of the city of Hamilton and to supply 
the west end of the town of Dundas. 


Completion of item #25501. 


To meet increase in demand due to 
anticipated growth of areas below 
the escarpment. 


To maintain pressure in Chedoke Hospital 
area as demand increases. 


WATER RATES 


FUNCTION - Environmental Services 
Water Works 


Project Project 
Coding Descriptions Start Finish 
1. 23752 Pumping Station #1 - 1978 1980 
Qn Extension and Pump #7 
ss and #8 
4.- 1978 - Construction 
by 135 
1. 26717 Reservoir 1A - 25 M.1.G. 1978 1979 
De 
She 
4. 1978 
Ss 136 
1. 24734 Pumping Station #2A - 1978 1979 
fae Construction 
Be 
4. 1978 
Die 137 
BUG pee tae hey! Trunk Watermain from Mud 1978 1979 
ma St. to Upper Ottawa St., 
Se Construction 
4. 1978 
De 138 
1. 22747 Upper Horning Mt. Road & 1978" 1979 
2 -Golf Links Rd. from Stone 
Bis Church Rd. to Spring Brook 
(neers y fs] Road 
5. 139 
1. 24720 Woodward Ave. Treatment 1979 1981 
ae Plant - Expansion to 200 
3. M.1.G.D. and Waste Water 
4. 1979 Treatment 


5. . 140 


CAPITAL BUDGET PROGRAM 1975 ~- 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(9000's) 


KEKKKAEAKALAKAKK FINANCING wekkekakkdkkkakek 


Subsidies & 
Other Receipts 
Amount Code 


Previously 
Obtained 
Amount Code 


Gross 
Cost 


2000 


210 


600 


2900 


1300 


1700 


Required 
1980 & 1975 
After 1979 
1000 1000 
210 
600 
2900 
1300 
1400 300 


CODING PAGE 36 
(1) Capital Budget No, 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks * 


See item #22744. 


To overcome reservoir deficiency due 
to open reservoir abandoned 2 years ago. 


See item #23755. 


Completion of item #23757. 


To supply water to the western area 
of the town of Ancaster. 


To provide for normal increase in 


demand. 


WATER RATES 


FUNCTION - Environmental Services 


Coding 


24711 
1979 
141 


29718 


1979 
142 


29719 


1979 
143 


23756 
1980 
144 
20720 
1980 . 
145 


24807 


1974 
146 


Water Works 


Project 
Descriptions 


Reservoir 1A - 25 M.1.G. 
Construction. 


Water Intake #4 at Van 
Wagner's Beach Rd. - 
Engineering 


Pumping Station #6A - 
Install electric motor on 
Pump #3 


Upper Wellington St.- 
Limeridge Rd. to Howe - 
Watermain 


Water Intake #4 at Van 
Wagner's Beach Rd., - 
Construction 


Dewitt Road Reservoir 


Project 


Start Finish 


1979 


1979 


1979 


1980 


1980 


1974 


1980 


1980 


1979 


1980 


1983 


1975 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


(000's) 
HHAKKKERKKKKARAKK FINANCING kkk kA AAAREK 
Subsidies & Previously Required 
Gross Other Receipts Obtained 1980 & 1975 
Cost Amount Code Amount Code After 1979 
5000 4400 600 
250 100 150 
50 50 
400 ; 400 
4500 4500 
1987 1987 


CODING PAGE 37 

(1) Capital Budget No. 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks: 


See item #26717. 


To maintain plant capacity to meet 
anticipated demand. 


To increase the firm pumping capacity of 
this station to meet demand. 


To maintain fire flows. 


See item #29718. 


To overcome reservoir storage deficiency 
in the east end of the Region. 


WATER RATES 


FUNCTION - Environmental Services 


Coding 


28810L 


1975 
147 


288105 


1976 
148 


28810K 


1977 
149 


28810L 


1978 
150 


28810M 


1979 
151 


Water Works 


Project 
Descriptions 


Rated Watermains 
Region"s Portion 


Rated Watermains 
- Region's Portion 


Rated Watermains 
~ Region's Portion 


Rated Watermains 
- Region's Portion 


Rated Watermains 
- Region's Portion 


TOTAL SECTION 


Project 


Start Finish 


1975 


1976 


1977 


1978 


1979 


1976 


1977 


1978 


1979 


1980 


Gross 
Cost 


1100 


880 


970 


1050 


1000 


56078 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


580CF 


1930 


(000's) 


KRXKAKKKKRAKAKAKAKK FINANCING KARRRRARKKRAKARKK 
Subsidies & 
Other Receipts 
Amount Code 


Previously Required 
Obtained 1980 & 1975 
Amount Code After 1979 
520 
880 
970 
1050 
460 540 
9075 12260 32813 


CODING Page 38 
(1) Capital Budget No. 
(2) Bylaw Number 

(3) OMB Number 

(4) OMB Year Required 

(5) Detail Sheet Page No. 


Remarks: 


To finance lo 
minor system 
with road pav 


cal improvement works, 
change, and works associated 
ing. 


Ufunre Urtwnre UPwnrh WPwnr 


UbPunrk 


CAP ET PROGRAM - 1979 CODING PAGE 39 
ni ean actors ITAL BUDGET PRO 1975 97 


ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS (1) Capital Budget No. 
(2) Bylaw Number 
(000's) (3) OMB Number 
FUNCTION - Environmental Services (4) OMB Year Required 
Water Works RKAAKKAKKREKKER FINANCING *xeKRA KAKA (5) Detail Sheet Page No. 
Subsidies & Previously Required 
Project Project Gross Other Receipts Obtained 1980 & 1975 
Coding Descriptions Start Finish Cost Amount Code Amount Code After 1979 Remarks: 
28810L Rated Watermains and 1975 1976 800 800 
Minor Improvements. 
Owners' portion 
1975 
147 
28810J Rated Watermains and 1976 1977 320 320 
Minor Improvements 
- Owners’ portion 
1976 
148 
28810K Rated Watermains and 197-7, 1978 330 330 
Minor Improvements 
-Owners portion 
1977 
149 
28810L Rated Watermains and 1978 1979 350 350 
Minor Improvements 
-Owners' portion 
1978 
150 
28810M Rated Watermain and 1979 1980 500 240 260 
Minor Improvements 
-Owners'’ portion 
1979 
151 
TOTAL SECTION 2300 240 2060 


TOTAL WATER WORKS 58378 1930 9075, 12500 34873 


LOT 


s 


UuUrPwnre 


Urwunr 


LOT LEVIES 


FUNCTION - ENVIRONMENTAL SERVICES 


SEWAGE AND WATER 


Project 
Descriptions 


OHC Sewer, Saltfleet 
Community Development 
(To be adjusted for 1974) 


OHC Sewer, East 
Mountain, Satellite 
City. (To be adjusted 
for 1974) 


TOTAL FUNCTION 


CAPITAL BUDGET PROGRAM 1975 - 1979 
ESTIMATED SCHEDULE, COST AND FINANCING OF PROJECTS 


" (000's) 
KEKKKKKEKKAKKEKK PINANCING XkKKKAAAAAAAK 
Subsidies & Previously Required 
Project Gross Other Receipts Obtained 1980 & 1975 


Start Finish Cost Amount Code Amount Code After 1979 


1973 1975 4580 4580 LL 
WHat 1975 9246 7842 ULL 1404 LL 
13826 12422 1404 


CODING 


(1) 
(2) 
(3) 
(4) 
(5) 


Remarks: 


PAGE 40 
Capital Budget No. 
Bylaw Number 

OMB Number 

OMB Year Required 
Detail Sheet Page No, 


In progress--to service Saltfleet Commun- 


ity Development. 


In progress--to service central area of 
the City of Hamilton. 
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